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BILL NO. $-87-06-o/ / 


AN ORDINANCE approving Change Order 
No. 1 and Final for Res. 187-87 - 
Street Lights for East Taber Street, 
with T & F Construction, in connection 
with the Board of Public Works 

and Safety of the City of Fort 

Wayne, Indiana. 


NOW, THEREFORE BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1 and Final for Res. 
187-87 - Street Lights for East Taber Street, with T & F Construc- 
tion, in connection with the Board of Public Works and Safety, 
for: 


this Change Order is needed due 

to buried debris (stone, tree stumps, 
concrete walkways). Extra conduit 
and bores were needed to have an 
acceptable facility. These extras 
are mandated by our standards and 
specifications. (Conduit is mandated 
for the protection of the 2/C #6 
copper wire from debris (stone 

& concrete) that would cut our 

wire due to freezing and thawing 
process; 


involving a net increase of Two Hundred Thirty-Eight and 92/100 


Dollars ($238.92), all as more particularly set forth in the 


specifications, and'which is on file with the Office of the Board | 
of Public Works and Safety and is by reference incorporated herein, 


made a part hereof, and is hereby in all things ratified, confirmed 


and approved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after its passage and any and ait necessary 
approval by the Mayor. 


eee A, a~Ss—Q 


Councilmember?” 


| APPROVED AS TO FORM 


AND LEGALITY 






Bruce _ 0- City Attorney 


SPECIAL ORDINANCE NO. S-/ ZIL | 
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SANDRA E. KENNEDY; CITY CLERK 
Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as 


(SPECIAL) (ZONING : 


on the VAL 4 





SANDRA E. KENNEDY, CITY CLERK 





PRESIDING 


Presented by me to the Mayor of th 


on the. PEC day of 
at the hour of PrE FD o'clock SL. Ms, BS. 
en is SN a ACR SS, 





SANDRA E. KENNEDY, CITY CLERK 


Approved and Signed by me this iG aay of pele , 
19 £4 f at the hour of ET o'clock Ht -M.,E.S.T. 


aS i 
WIN MOSES, JR., MAYOR A 


- Affect on operation and maintenance cost of this project: 


l : 
Change Order No.1 & Final 


i=: f l Resolution No. . 187-87 
Board Order No. 


nS ee ee 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change: Due to buried debris (Stone, Tree, stumps concrete walkways) 


Extra conduit & bores were needed to have an acceptable facility. These extras are 





mandated by our standards and specifications. Conduit is mandated for the protection 


of the 2/C #6 copper wire from debris (stone & concrete) that would cut our wire due 


to freezing & thawing process. 


a a a 


Will proposed change alter size of the project? Yes No_ x 


If yes, explain: N/A 








No affect on operational costs - maintenance costs will be reduced because of 


the installation of the conduit. 





Project Engineer 


IC P 2 
Admn. Anpr. — 


Me. $ 
ee 
TITLE OF ORDINANCE Change Order No, 1 and Final for Res, 187-87 - Street Lights 
E. Taber Street 2 gk he E SE Oe Ree 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 
SYNOPSIS OF ORDINANCE Change Order No. 1 and Final for Res. 187-87 - Street Lights 
E. Taber Street is needed due to buried debris (stone, tree stumps, concrete walk- 
ways). Extra conduit and bores were needed to have an acceptable facility. 
These extra are mandated by our standards and specifications. Conduit is mandated 


for the protection of the 2/C #6 copper wire from debris (stone & concrete) that 


would cut our wire due to freezing and thawing process. 


T&F Construction, Contractor PI AAA 














ee ee 


EFFECT OF PASSAGE To facilitate comptetion of project. 


EFFECT OF NON-PASSAGE 


— OO aaaaaaaaŘĖŐ—— 





—— > OO 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) Increase of $238.92 





ASSTGNED TO COMMITTEE 











b CHANGE OR2ER } ~ 
hange Order No. .l & Final Resolution No. 187-87 
'roject No. ' ; Board Order No. 
‘ame of Project E. Taber Street $ Date | June 8, 1987 

Se Ree — A 
o: T Š F Construction 
(Contractor 

entlemen: 


ou are hereby requested to comply with the following changes from “inp contract plans and 
pecifications: 


. 


ten Description of Chanae Change in Contract Price 


















Os Quantity Material- Unit Price Decrease Increase 
3 | 53.0Lft |Trench in-earth 20" deep | 1.44 76.32 0.00 
| Bore or push 13" ore under street, | | 
allew drives sidewalks,trees, etc. 4. 
! 
f 
} 


` Net (Decuaxe) ae Contract Price = 238.92 


re sum of $ 238.92 is hereby (added to) (sexkietexkxinam) the total contract 
rice, and the final contract price shall be adjusted as follows: 

Original Contract Price $ 

Current Contract Price Adjusted by Previous Change Order $ 0.00 

New Contract Price Including this Change Order $ 3637.97 


re time needed for completion in the contract for this project is (unchanged) Oiee od) 
lecoxased) by o calendar days due to this Change Order. The date for completion 

F all work a be June 8, 1987 - Furthermore, this document shall become an 
nendment to the contract and all provisions of the contract shall apply hereto. 


Somended by: ae , e n \ChiafLighting Engineer) Date Gli J37 


scepted by: eZ Lop OR: p sz IRP Contractor) Date GBE 
E y $ . 
»proved by: AM Z J- y Engineer) Date; dae 


»proved by: a =." Co — Owner) Date b= )a-% ) 
-tested by: X% ERa D. RIR Date L~ D— P ) 





Change Order 


This form is to be completed for any project requiring Board 
of Works justification at City Council. This complete form 
is to be in the Board's office no later than 2:00 p.m. on the 
Tuesday of introduction. 


Resolution/Ord. No. _ 187-87 Description 
pike ©: Nis o¥ Meret nee E 


East Taber Street 


Original Contract $ 3,399.00 Prev. Chgs. $ 0.00 
Request is increase of $__ 238.92 % Change + 7% 


decrease of $ % Change - 








Reason for change (be specific and quantify): 


Underground cable installation encountered buried concrete, debris, rubble 
and stumps which required additional installation of conduit. This 
installation will reduce maintenance costs over the life of the system. 


Is this the final change order expected for this project? 

Teg nea, SR een i 
re E 

Why wasn't this projected in the original estimate: 


didnot show sub-surface 


i : i SHOULD have been removed from 


-of- i Eti ee removal. 


TE E E EE T aee en eS 


What will we be doing to prevent similar oversights in the 
future: 


(Attach comment sheet if necessary) 






Prepared by 





BELL NO. S-87-06-44 





City ULLLEPIES 


REPORT OF THE COMMITTEE ON : 
a E aea N SYD 


WE, YOUR COMMITTEE ON CITY UTILITIES 





TO WHOM WAS 


REFERRED AN (ORDINANCE) CRESOPEPEON ) - approving Change Order 


No. l and Final for Res. 187-87 - Street Lights for East Taber 


Street, T & F Construction, in connection with the Board of 


Public Works and Safety of the City of Fort Wayne, Indiana 


ap a‘ 


SFGate ase aE ome eer are | ea Sel WER OE eee Ail i S 








HAVE HAD SAID (ORDINANCE) (RBESODIKEON) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESQENTIQNÌ 


CHARLES B. REDD 
CHAIRMAN 


PAUL M. BURNS 
VICE CHAIRMAN 


THOMAS C. HENRY 





BEN A. EISBART 


SAMUEL J. TALARICO 


CONCURRED IN BLE fA: 











SANDRA E. KENNEDY 
CIPY (CLERK 


